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23. ALTERATIONS 


(a) Clause 16 hereinabove is hereby deleted in its entirety 
and in iéeu anes substitutes the following: 


#36, 


he Contractor agrees that ite beoks esa records 
and its plant, or such parts thereof as may be 

jn the performance of this contract shall 
at reasonable times be mubject to inspection 
and peudit when end to the extent authorized by 
the Contracting Officer. 


(>) The Contractor agrees to include 4n each of his 
subcontracts hereunder which is on a cost or a 
cost~plus-a-fixed-fee or a price redetermination _ 
basis, oz on a tims-and-material or labor-hour 
basie, provision for such autit of such subcontracts 
by the Contractor, The Contractor shall conduct 
gn audit of any mich subcontract when requested 
te da ao by the Contrasting Officer. 


{b) Clause 17 hereinabove is hereby deleted in its entirety 
and in dieu thereof substitute the following: 


"17. 


agrees that the Contracting Officer 
y authorised representatives 


or any of bie d 
shall, until the expiration of three years after 
final payment under this contract, have access to 
and the right to examine my directly pertinent 
beoka, documents, papers and records of the 
Contractor involving transactions related to thie 
contract, including subcontracts hereunder. 


{eo} Clause 19 hereinabove is amended by deleting the words 
end figures "PART II" in the first line thereof, and substitute 
the words and figures, "APPENDIX I", 


{4} Clause 20 hereinabove 1s amended by deleting the vords 
ond figures, "PART ITI", in the first end second lines respectively, 
ad in lieu thereof substitute the records and figures, "SECTION C*, 
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